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6 December 1957 
MEMDRANDUM FOR THE RECORD 


{ 
SUBJECT: | Concurrence in Amendment No, 1 to Contract : No.| INGel3 
with Eastman Kodak Company, Rochester, New York. 
a | | 


1. This memorandum contains a recommendation submitted 
for approval of the Project Director, Such recommendation is 
set forth in Paragraph 5. 


2. Contract No, INC-143 provides for the design, 
fabrication, test and delivery of seven Time Shared Camera 


Processors, 94 inch for the Air Maritime Diviaion under Project 
Co 


The contract is a CPFF t and provides for o5X1A 
provisional rates of Engineering at of Direct. Labor 
end a 4% for G & A. 


3, It has been found necessary to use other burden centers 
in performance of the work under this contract. Therefore, 
paragraph 2 of Section D of the contract has been deleted and a 
new paragraph has been substituted which incorporates DOD 
approved fixed rates for FY 1956 and provisional rates for 
¥Y 1957 for all burden centers, The original obligation of 
$243,548.00 remains the same. ~ SEE ne cl 


¥ 


4. Certification of funds for this contract will be handled 
under the procedure approved by the Director of Central Intel- 
ligence on 15 December 1956, which in effect results in all 10(b) 
expenses involving issuance of Treasury Checks being accumulated 
in ea separate account within the Finance Division. The amounts 
in this account will be periodically scheduled for certification 
of the vouchers by the Director, This procedure eliminates the 
necessity for a separate certification of authority under Section 
10(b) of Public Law 110, Slat Congress, for each contract. 


5. Approval of Amendment No. 1 to Contract No, INC~143 
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and execution thereof on behalf of the Agency by the authorized 
Project Contracting Officer 1s recommended. 


Ny, 


bE ep 


Project Contracting Officer 25X1A9A 
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